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The Pre-bid meeting chaired by MD (SMTA) was held on 21% of March, 2023 at 1130 Hours on 
the subject Project. As briefed in meeting, we are pleased to share following queries, relating to 
overall planning, design and execution of the project: 


Is 


We have briefed in detail that Construction of Malir Expressway underway in the locality 
of the project in this regard hydrological study has been conducted earlier based on 
computer modeling. It is proposed that the same study considered be most relevant and 
need to be referred for this project. The desired Model study requires minimum 06 months, 
hence this requirement should be waived, as we already have Model study available for 
Malir Expressway Project. 

We apprise that Relocation of Utilities is a prime responsibility of the Employer prior to 
commencement of the Works. Although, the Contractor is committed to follow all pre 
requisites for identification of existing utilities, but the responsibility for relocation of the 
utilities shall not be on part of the Contractor. The given milestones shown in Contract is 
very challenging in the above circumstances, therefore, we request to remove this from the 
Contractor’s scope. 

Referring to article 4 [4.1 and 4.2] page 6 of Employer's Requirements, it is defined that 
the general arrangement of bridge and structural arrangement must follow the proposal 
drawings. This implies that the design must be the same as given in drawings, please 


confirm? 
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4. The bid submission date shall be extended considering the complexity of the project as 
briefed above and in view of the ongoing Holy month of the Ramadan. Further being an 
experienced Contractor we request that second Pre Bid meeting may please be called to 
response on queries raised by bidders prior to bid submission. 


Thanking you for giving us this opportunity and we look forward to your positive response in this 
regard. 


Yours sincerely. 


For & on Behalf of 
Zahir Khan & Brothers 


Syed Abi 
Chief Operating Officer 


